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STATE  OF  MONTANA  -  DEPARTMENT   OF   HIGHWAYS 

PROJECT   CONTROL  UNIT 

Helena,  Montana 

October  1,  1974 

TO  WHOM  IT  MAY  CONCERN: 

The  increased  complexity  of  the  many  details  involved  in  the  development  of  a  construction  project  from 
its  inception  to  the  actual  letting  date  dictates  the  necessity  for  scheduling  the  construction  program  as  far 
in  advance  as  possible;  however,  the  uncertainty  of  the  future  availability  of  both  federal  and  state  funds 
makes  it  impractical  to  project  the  construction  program  too  far.  We  have  prepared  this  Tentative  Construction 
Program  for  Fiscal  Years  1975  -  1976  -  1977  -  1978  -  1979  and  1980  as  a  practical  compromise  of  these  two  factors. 

The  Federal  Aid  Highway  Act  of  1973,  which  was  passed  by  Congress  in  August  of  1973,  created  a  number 
of  changes  in  the  existing  highway  programs.   One  of  the  major  changes  under  this  new  Highway  Act  was  that 
Primary  and  Secondary  federal  funds  apportioned  for  fiscal  year  1974  and  future  fiscal  years  will  be  available 
only-  for  rural  areas  (outside  of  urban  areas  of  5,000  population  or  more).  For  urban  areas  of  5,000  population 
or  more,  the  new  act  provides  for  establishment  of  new  urban  systems  and  provides  for  Urban  System  funding  to 
proVide'financing  of  construction  work  on  these  new  systems-   The  Urban  Extension  funding  for  extension  of 
Primary  routes  in  these  urban  areas  is  continued  under  this  act.   To  date  the  new  Urban  Systems  and  Urban 
Extension  routes  have  been  established  and  approved  and  priorities  established  in  only  a  portion  of  the  urban 
cities.  After  Urban  System  and  Urban  Extension  routes  are  established  and  priorities  are  set  up  in  the  remaining 
Urban  cities  we  will  be  adding  additional  construction  projects  to  the  tentative  construction  progranw- 

The  Federal  Aid  Highway  Act  of  1973  also  created  a  number  of  new  programs  -  five  new  Safety  programs 
and  a  Priority  Primary  program.  For  these  new  safety  programs  the  Montana  Department  of  Highways  has  just 
recently  received  from  the  Federal  Highway  Administration  the  guidelines  for  implementing  these  new  programs. 
We  are  now  in  the  process  of  developing  priorities  which  will  be  added  to  the  construction  program  at  a  later 
date  when  the  priorities  are  determined.  For  the  Priority  Primary  program  the  Montana  Department  of  Highways 
has  established  route  priorities  and  has  submitted  the  required  data  to  the  Federal  Highway  Administration  for 
their  approval  of  routes  under  this  program.  Upon  approval  of  Priority  Primary  routes  by  the  Federal  Highway 
Administration,  the  Montana  Department  of  Highways  will  establish  priorities  to  be  added  to  the  Construction 
Program. 

The  financing  of  the  Interstate  System  was  extended  to  fiscal  year  1979  by  the  Federal  Aid  Highway 
Act  of  1973  and  this  Tentative  Construction  Program  is  set  up  to  where  the  last  Interstate  contract  lettings 
are  scheduled  for  fiscal  year  1979.   However,  Montana's  estimated  share  of  the  yearly  apportionments  set  up 
under  this  new  act  through  fiscal  year  1979  will  leave  us  far  short  of  providing  enough  funds  to  complete  the 
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Interstate  System  in  Montana.   It  appears  very  likely  that  in  the  future  the  Interstate  completion  date  will 
be  further  extended  to  provide  for  sufficient  financing  to  complete  the  Interstate  System. 

In  addition  to  the  projects  which  we  have  included  in  this  Tentative  Construction  Program  with  proposed 
letting  dates  through  fiscal  year  1980,  we  have  included  any  projects  which  are  now  being  developed  by  the 
Montana  Department  of  Highways  which  are  scheduled  beyond  fiscal  year  1980  and  any  projects  which  are  being 
developed  in  the  reconnaissance  phase  only. 

One  of  the  big  problems  that  Montana  has  been  experiencing  since  about  1967  is  the  withholding  of 
federal  fund  apportionments  by  the  Federal  Highway  Administration.   This  has  caused  numerous  delays  in 
scheSulea  contract  lettings  in  the  past  and  if  this  continues  in  the  future  it  will  affect  our  scheduled 
contract  lettings. 

i   Although  this  Tentative  Construction  Program  represents  a  goal  that  we  are  exerting  every  effort  to 

achieve,  it  is  emphasized  that  it  must  not  be  construed  as  a  definite  commitment  for  the  construction  or 
priority  of  any  project  listed  herein. 


HV  J .  Jmcrerson 
Director  of  Highways 
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TYPE  OF  WORK  ABBREVIATION  CODE 

Apprs.  -  Approaches 

Br.  -  Bridge(s) 

G  -  Grad  ing 

GS  -  Gravel  Surfacing 

PCCP  -  Portland  Cement  Concrete  Paving 

PMB  -  Plant  Mix  Base  (Bituminous) 

PMS  -  Plant  Mix  Surfacing  (Bituminous) 

RROP  -  Railroad  Overpass 

RRUP  -  Railroad  Underpass 

Str.  -  Structure(s) 

UP  -  Underpass 


Minor  irrigation  and  drainage  structures,  fencing,  seeding  and 
other  similar  type  items  are  normally  included  in  major  projects 
and  are  only  listed  separately  herein  when  they  comprise  a  project 
within  themselves. 
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TYPE  OF   WORK 


W.Pt. 


W-Pt. 


W.Pt, 


W.Pt. 


W.gt. 


W.gtn 


.W.gt. 


W-Pt- 


Half  Pnint-SE 


r,n  1  bprtnon-S. 


Hflmn-N.fi  S. 


PI PntywnnH-S. 


Antplnpp-N.k    S. 


Plpnt-ywnnH     Streets 


W.Pt 


W.gt. 


W.Pt. 


Structure 


Dailaaatflca 


fi, GS.PMS.Sr.rs. 


Lighting 


St-orm   Sewer 


G,GS,PMSrStrs. 


W.Pt. 


W.Pto- 


.Srnbey-S, 


Missouri    R.Rr.-N.ft    S. 


Mlsmuri    R.Rr.-S.o£ 


Cuihegtaon 


Wolf  Polnt-N.&  E.Loop 


Tamplco-GlasEOW 


Malta-Loring 


Opheim-Scobey 


Nashua-N. 


Malta-Lorlne 


SECONDARY 


Wolf  Polnt-N.&  E.Loop 


(N. Section) 


Tamplco-SE 


LasJjigdL. 


23  Mi.E.of   Qpheim-E. 


21.4  Mi.N.of  Nashua-N. 
Canadian   Line-S. 


W-Pt-.. 

W.Pt. 


w.gt. 


W.Pt. 


W.Pt. 


isLvEf- 


W.gt. 


W.Pt. 
W.Pt. 


w.gt. 


St-orm    Sp.wp.r 


Lighting 


GGS.PMS.Strs. 


...G.fiS.gMS 


G,GS,PMS 


r.r.SBMS,Strfi. 


fi.GR.PMS 


nrainagp    HnrrppHnti 


r.^r.S^PMS^trs. 


.rufi.S.PMS.Str. 


Rprnnnai  twni't 


±2. 


G.GS.PMB 


C.GS.PMB 


G.GS.PMB 


G.GS.PMB 


,C,GS,PMB,Str. 


G.GS.PMB 


LETTING  FISCAL 
DATE   YEAR 


Oct.  74 


Oct.  74 


Mar.  75 


Jul-  75 


Apr.  76 


A,prn  76 


Apr.  76 


Apr.  77 


Apr.  77 


J5_ 


_7_5_ 


_7JL 


_Z6_ 


_L6_ 


76 


_7_L 


_7_7_ 


Aug.  77 


Nov.  78 


.Jul,  79 


Bf.ynnd 


July  79. 


Rf.ynnd 


„B.p,yond 


.Apr.  75 


Oct.  76 


■Sen.  78 


.■Oct..,..  78. 


Oct.  79 


_LV  ^i^liL 


J7i 


_7_9_ 


J31L 


F.Y  fiO 


_8IL 


FY  ao 


FY  SO 


COUNTY 


Roosevelt 


Danip.l  s.Shpridan, 


■VfllLsy 


Phillips 


VflUgv- 


VftUev 


Valley 


Valley 


Rnnsf.vf.lt 


Rnnfif.vf.lt 


Rnnsfvelt 


Rnn8f.vf.lt 


iShpririan 


,Shfr1rinn 


Shpr-jrian 


Jjflniela 


.RnofSPVf,  1 1 


Bnnsfvp.lt 


J5- 


_7_L 


J3- 


_ao_ 


FY  80 


Rnnsevelt 


.Sfolley 


Phlllipa- 


Jifln  1  e  1  s 


Valley 


ghilllpa 
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TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL  YEARS  75,76,77,78,79,80 
FINANCIAL  DISTRICT  NO.  4 
DAWSON,  McCONE,  PRAIRIE,  RICHLAND  AND  WIBAUX  COUNTIES 


MILES 

DES1G 

NATION 

ADMN. 
DIV. 

LAN, 

ES 

LETTING 
DATE 

FISCAI 
YEAR 

PROJECT  NO. 

PROJECT 

LOCAL 

TYPE  OF   WORK 

+  2 

4 

COUNTY 

INTERSTATE 

T    94-5(1  5Hfn   U2 



FaI  lnn-DAWRnn    Cn.Linp 

.Gldve„ 

Yellnwstnnp    RHver 

X 

J«n.    75 

75 

Pr-alr-lp. 

Structurp.s-GI  rders 

11    I   q4-ft(    1209 

6.2 

CI  Pnrllvp-W 

Gldvp. 

R.fiS.PMS.Srra. 

X 

Jill.     75 

7ft 

rinuann 

n     T    9£-ft(     1909 

7,q 

T.l  nnrMvo-F.,  A.    U 

Gldvp 

Sf  1-y  ,  Cnrr.rai    franp  ,  i    T.ane 

% 

Jul.    75 

76 

Dawson 

91     T    q4-5(     llftO 

"«(H»    fV^T.-lnn-F., 

GlrivP. 

Intprchangp.    Rflmps   &    Cnnn . 

X 

Apr.     7ft 

7fi 

Prairie 

21    I   94-5(     )174 

6.5 

Tprrv-Fal Inn 

Gldve. 

Sftv.Corr.on    Cnmp  .  4    I.flnp 

X 

Apr.    76 

76 

Prairie 

21     I    94-S(     llftl 

*,~i 

Ffl  1  1  nn— rifli.jpnn    fnnnfy 

Gldve, 

G.GS^MS,  Strs.  ,  Ypllowstnne 

X 

Apr.    76 

76 

Prairie 

Lin  P. 

River    RridgP   Dp.rking 

T    q£-ft(    191ft 

1ft, q 

Mlhnnv    Oiunfy    I^np-W, 

Gldve. 

G.Strs. .Upgrade  Rest  Area 

X 

Jul,    77 

78 

Dawson 

J    QA-*,<     11«1 

fi   7 

Fftl  1nn-nflT.i«jir,n     fin     lino 

Gldve. 

PMS 

X 

Jul.    78 

79 

Prairie. 

T    q^i-ftr    i9n9 

ft     9 

T.l  pi-^-i-irp-U 

Gldve. 

PMS 

X 

Jul.    78 

79 

Dawson 

T    Qi-ftf     191ft 

16.9 

Wibaux  Countv   Llne-W. 

Gldve. 

GS,PMS 

X 

Jul.    78 

7q 

Dflwnnn 

PRIMARY 

3)   RF  9999(    ) 

106.9 

Dawson  &  Wibaux  Counties 

Gldve. 

Delineators 

Nov.    74 

75 

Daw son. Wibaux 

rf   245 (    ) 

2.7 

Gl endive-Sidney 

Savngp-S. 

GlrivP. 

G  GR,PMS 

Jan.  75 

75 

R-frO-ilflnH 

RF  ^qn    l 

91  .4 

Circlp.-Slnnp.y 

Lamhp.rt.-E.f/   W. 

Gldve. 

PMR   Overlav 

Ortr,     75 

7fi 

Rii-ManH 

RF    2(    ) 

1.5 

Baker-Wlhfliix 

Wibaux    I    Cnnnectinn 

GlrivP. 

T^GS.PMR 

Apr.    76 

76 

Wibaux 

4)    RF   273(    ) 

4.9 

Sldnev-Culbertson 

Culbertson-S. 

W.Pt. 

G,GS,PMS,St.rs. 

Aug.    77 

78 

Richland 

rf   -*9sr    1               t  V 

5.0 

Sirinp.v-FaJ  rvigw 

Sldne.y-NE 

Gldvp. 

G.GR.PMB 

1    Sop,     77 

__J£~. 

^  f  rh  1  and          .,  . 

RF.246(    ) 

9.6 

Cirrlp-Glpndlvp 

L1ndsnv-N.&    R. 

GIHvp, 

n,GR  PMR 

rJul.    79 

—SSL^ 

Dawson 

RF    245(    1 

9.0 

Glp.nd1vpr-S1rinp.Y 

RAvflgp.-Crflnp. 

GldvP. 

GjGS.PMR 

RpynnH 

FY  fifl 

Rirhlanri     , 

SI    RF    95T(    1 

n,  5 

C.irr  1  P-Wnl  f    Pn-|pt- 

Missouri   R.Br.-N.S.   S. 

W.Pt. 

G.GS.PMSrStrs. 

Bevond 

FY  80 

McCone 

RF    T25(     1                  •  1 

ft. 7 

Fn-f  rvf  Pt.,r~RW 

filrivp, 

a  r.R  pmr 

Beyond 

FY  80 

Richland 

HHS   130(    1 

Terrv-Gl  end-lvp. 

Inf.  .Mnnr..20nS   S, 

Gldvp. 

KM-nnnafssani'C    (Rpl!Pt-y1 

__ 

__ 

-Jlawson 

Mont.l6-Glendive 

RF   273(    ) 



Sldnev-Culbertson 

Int. of  Mont. 16  & 

Gldve. 

Reconnaissancp    (Safetvl 

— 

— 

RiohlAnd 

Route   201-NW  of   Sidnev 

6)    BRF  273(    ) 



Sidney-Culbertson 

Mo.Rv.Br.S.of    Culbertson 

W.Pt. 

Reconnaissance 





Richland 

URBAN 

(    ) 

0.6 

Mprri  1 1     Avp. -Gl pnHI vp 

GIHvp. 

GjGRjPMR 

Apr,  76 

76 

Dawson 

■ 
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PROJECT  NO. 


RS   128(    ) 


RS   128(    ) 


RS   359 (    ) 


RS   3Q2(    ) 


RS   31(    ) 


RS   3£J  (    ) 


MILES 


JlJu 


5.7 


5.8 


JlJl. 


1Q.5 


MJ2- 


PROJECT 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    4 
DAWSON,    McCONE,    PRAIRIE,    RICHLAND  AND  WIBAUX  COUNTIES 

DESIGNATION ,    ADMN. 

TYPE  OF   WORK 


Wihfliix-N. 


WlbftUX-N.. 


Marsh-fllendiva 


Terrv-Brockway 


Cirde-NW 


Presserville-Girard- 


Faj  rview 


LOCAL 


SECONDARE 


9    MI.N.nf    Wihaux-N. 


17    M^N.of  Wibaux 


County    Llne-N. 


8   Ml.S.nf    Glendlve-S. 


11 .S   Mi.NW   of    Terrv-NW 


Circle-Weldon 


Presserville-Falrvlew 


\),2)    -   T^ri    for   Co 


^    -  Also    In  F.D.12 


4). 5), 6)    -  Also  in 


LANES 


DIV. 


fildve. 


Glrivp. 


GldVfi. 


Gldve- 


Gldve. 


W.Pt. 


G.GS.PMB. 


n.GR.PMB.Sfr. 


G.GS.PMB.Str. 


G,GS,PMB,Srr. 


G.GS.gMB 


G,GS,PMB 


itract . 


•■P. 3. 


anH    Miri    tax    l■nn^r.r^    t.t1  t-h    RS   nfnSI     )_,    Fallnn    r,niinry .F..D. 


12. 


±1 


LETTING  FISCAL 
DATE        YEAR  COUNTY 


Jul.    75, 


Apr-    7ft 


Apr.   78 


Aug.   78 


£pp.   79 


Beyond 


_L6_ 


_2iu 


_Z£L 


_Z2_ 


_ao_ 


FY   80 


wi  baim_ 


Rtrhlanri 


Dfiw.finn 


EgfllKlg 


Mr.Cnnp 


Richland 


Sheet  2 
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STATE  OF  MONTANA  -  DEPARTMENT  OF  HIGHWAYS 
PROJECT  CONTROL  UNIT 
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TENTATIVE   CONSTRUCTION   PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    5 
FERGUS,    GARFIELD  AND  PETROLEUM  COUNTIES 


DESIGNATION 

ADMN . 

LANES 

LETTING  FISCAL 
DATE        YEAR             COUNTY 

PROTECT    NO                               MILES 

PROJECT 

LOCAL 

D1V.                             TYPE   OF   WORK 

+  2 

4 

INTERSTATE 

NONE    TN    FINANCIAL    IY1  STRICT 

NO.  5 

PRIMARY 

„ 

1            Ti    op    imf     1 

2    7 

Lewistown-N. 

Lwstn- 

G,GR,PMS,Str. 

Mar„    75 

75 

Fergus 

RF    1 S7  (     ) 

4.4 

Mi  1  eft    Ci  tv-.Torri^n 

Cnhagen-N. 

Lws.t"n . 

R   fiSjPMS.fif-r*. 

Sep.     75 

7fi 

Rnrfielr! 

5    0          I 

Cnhaopn-S . 

I.wsrn  . 

G.GS.PMS 

-Till  .     76 

77 

Ra  r-f  i  e  1  H 

£e \J  1  \ — l 1 

_^J        -"'■'■■  "■  "J  

Winnol-f-F.J,    W, 

T.T.7  =  rn  , 

n.  r.s  wis  &r, 

Aug.    77 

za_  . 

Pprrnl  cum 

r.^Kpt-n 

r,  ns  pm^ 

Jul .    79 

80 

Fergus, Petrol enm 

m 

SECONDARY 

RS    6S0(     ) 
RR    7Sftf     ) 
RS    399(    ) 

6.4 
n  n 

4.7 

F.  .nf    Dptitrm-N 

RnnU     Sprinos-Van    Nnrman 

Mel  stone-Mo  sbv 

F.  .nf    D^ntnn-N.                                I,wsrn. 
1  1    Mi     N       nf     Rnrk     Spgs    -MMofn.,. 
ft.  8    Mi.S.nf    Mnsbv-N.            Lwstn„. 

r^RR^MRjSf.TT. 
G,GS,Stv 

G.GS 

rw.   7S 

Nov      76 

Rp.ynnrl 

7n 

—7-7- 1 

rY  80 

Fprpn c 

Garfield 

Pef  rnl  enm 





— 

_ 



_ 
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STATE  OF  MONTANA  -  DEPARTMENT  OF  HIGHWAYS 
PROJECT  CONTROL  UNIT 

Helena,  Montana 
October  1,  1974 


PROJECT  NO. 


P    T    1S-S(    1238 

P    I    'S-S(    1232 

t  is-7(   L33Q 


gj    I   15-5(    )239 
I   15-6(    )3Q4 


3j    I   15-6 (    )3U 


3j    I   15-7 (    )312 
I    15-7(    )328 


I   lS-6(    )3Q4 


RF   65 (    ) 

RF    235(    ) 


RF  64(    ) 
RF   235  (    ) 


BRF    176(    ) 


RF   252(    ) 


V    395 (    ) 


M   S22K    ) 


U    395(;    ) 


M   52QU    ) 


M   S2QK    ) 


M   S212(    ) 


M  5215(    ) 


M  5201 (    ) 
M  5204(    ) 


M  5204(    ) 


2)     T    TS-Sf     )238 


MILES 


~L 


11.9 


14.2 


iuL 


JLxO. 


J£*5.. 


PROJECT 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL  YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    6 

CASCADE,    CHOUTEAU,   JUDITH   BASIN,   PONDERA  AND  TETON   COUNTIES 

DESIGNATION ,    ADMN. 

TYPE  OF  WORK 


Hardy    Crpp^j     T    r.nnnprtior 


CflaaatLazm  s- 


sailer  jct.-N.&  s. 


(E.FrnntagP.   Road ) 


Hardv  Creek  I  Connectioi 


.Cflsrad.e.-N.fr    S. 


Teton  Rlver-N.6.   S. 


Pershlne-S. 


Bradv-N.S.   S. 


LOCAL 


TNTF.R  STATE 


Conrad    Interchange 


_LU_ 


ii 


12.0 


JJ. 


_&£_ 


Jul. 


Teton   River-N.&   S. 


LANES 


DIV. 


GnFlS. 


G.Fls. 


G.Fls. 


G.Fls, 


G.Fls. 


G.Fls. 


G.Fls. 


G.Fls. 


GnFlS. 


Sun   River -Choteau 


Arming ton -Lewi stown 


Great   Falls-Arminqton 


Armtngton-Lewl stown 


Augusta-Sun  River 


-0_*2_ 


JLA. 


0.9 


Fort   Bentnn-Havre 


G.Fls. 


Grade 


G,  Strs. 


G, GS.PMS 


GS.PMS 


GS,PMS,Rest  Area 


G.GS.PMS.Strs. .Rest   Area 


G. GS.PMS 


G.GS.PMS.Strs. 


Lieht;ing 


±2. 


PRIMARY 


FairfiplH-E.fi,  W. 


Geyser-Stanford 


gxfiflt   Falls-E. 


Sr*.nf<?rd-E.&  W. 


gup   Riv.Br.at    Sun   River 


Loma-N.S.    S. 


-LJL 


J-2. 


0.6 


URBAN 


lAt-h  Si   15th   Sts.at   4th 


G.Fls. 


Lwstn. 


G.Fls. 


Lwstn. 


G.Fls. 


Havre 


G.Fls. 


Ave.N. -Great  Falls 


Giant    Spgs.Rd.-Gt. Falls 


ISt-h    St  .Br. -Great   Falls 


Great   Falls 


fil-.h    St.SW    (N. Section)- 


Great  Falls 


Airport   Access   Rd . - 


jJEfiflt   falls 


13th   St.fi,   S.-Gt. Falls 


fijj)    Rf.NW-Gt. Falls 


Iflt-h    St.fi.    15th   St.Br. 


.Cnnn.-Grent  Falls 


Smelter   Ava.  ~R1  k  -  Eftglfl 


G.Fls. 


G.Fls, 


_PMS_ 


G,GSrPMS.Strs. 


G.GS.PMS.Strs. 


G,GStPMS 


G,GSfPMS.Str. 


Reconnaissance 


Reconnaissance 


School    Crossing    Signals. 


G, GS.PMS 


G.Fls. 


G.Fls 


G.Fls. 


G.Fls- 


G.Fls^. 


SLIlz. 


G.Fls 


EoneraLfi  Overlay 


G.GS.PMS.Strs. 


G.GS.PMS.Str. 


G.  GS.PMS, 


G, GS.PMS 


Rfir;prm«i  ssance 


Rernnnaissance 


Rocnnnai  usance 


LETTING  FISCAL 
DATE        YEAR 


Feb.   75 


Feb.    75 


Jul-    75 


Aug„    76 


Aug.    76 


Aug,    77 


Jul.    78 


Jul.    78 


Jul.    78 


Aug.    78 


Jul-    75 


Apr.    78 


Bevond 


Bevond 


Act.    15 


Apr.    76 


Mat.   75 


Mir,  75 


Jul.    79 


■fipyond 


_7_5_ 


_25_ 


_Zfi_ 


77 


_7_Z_ 


-Z5_ 


79 


JUL 


_Z2_ 


_29_ 


JL. 


_ZB_ 


FY  80 


FY  80 


_7_5_ 


_7_5_ 


76 


_2£. 


COUNTY 


Cascade 


Cascade 


Pondera 


Cascade 


Cascade 


Teton 


Teton 


Pondera 


Pondera 


Teton, 


Cascade. Teton 


Judith   Basin 


Cascade 


Judith   Basin 


Cascade 


Chnutf.au 


Caacada 


C.a  acflrtp 


Cascade , 


J30. 


FY.BO 


Cascade. 


Cascade. 


Cascade 


Cascade 


.Cftsradfi 


CflKrarip- 


liflflradP, 
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PROJECT  NO. 


M   5205 (    ) 


M  5212(    ) 


PL   1(13) 


RS   262(    ) 


RS  444(    ) 


RS   4^4(    ) 


RS   L3&    ) 


RS  a^bfiLt    ) 


4j  rs  aiai  a 


RS  mi    ) 


RS  u^U(    ) 


MILES 


.LA. 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    6 
CASCADE,    CHOUTEAU,    JUDITH   BASIN,    PONDERA  AND  TETON   COUNTIES 

DESIGNATION  ADMN. 


LAN 


PROJECT 


.2^0. 


11.4 


Jul. 


LOCAL 


URBAN    (Continued) 


6th    St .UP  to   Giant 


Spgs.-Rlv. Dr. -Gt. Falls 


South   Bvoflss-Gt. Falls 


Missouri   Rlv.Br.- 


FPflsiMHtv    Study 


GrPat    Fflllfi-S. 


Ilt/lr.a-Windhflm 


SECONDARY 

nth    St.S,    S.-Gt. Falls 


DIV. 


G.Fls. 


G.Fls. 


G.Fls. 


G.Fls. 


_a~5. 


-5^4_ 


1-0 


_L^_ 


rmpnvpr-Cnnrad 


Fflrmingtnn-AgflWflm 


area?    FflP a-H-tghwnnH- 


EQKj    Rpntnn 


FUg    Sanriv-Rndynrd 


Farrnlngtnn-AgflWflm 


r.gycpi — N  . 


Ut-.-icfl-Wlndham 


Conrad -W. 


G.Fls. 


Farmington-N, 


Fnrt-    Benton-S. 


Choulfifllljam   County 


Line-N., 


Agawam-N. 


Ge.yser-N. 


Lwstn. 


GnFlS. 


iLli^ 


TYPE  OF   WORK 


Reconnaissance 


Reconnaissance 


Reconnaissance 


G.GSrPMS.Str. 


GrGS.PMB 


G.GS.PMB 


G,GS,PMBrStr. 


r7.GS,gMB 


Havre 


G.Fls. 


Lwstn. 


n,?1,^    -   Tied   for 


4)    -  Also   in  F.D.2 


Contra<  t. 


G,GS,PMB 


G,GSrPMB 


Rp.r.onnai  ssflnce 


Eg. 


+  2 


LETTING  FISCAL 
DATE        YEAR 


Jul-    75 


.Pec  75 


Mar.  76 


Mftv      76 


Aug.   76 


JuL  78 


Jan.  79 


.Beyond,, 


2k. 


_ZL 


JL. 


_L6_ 


77 


_7_2_ 


_7_9_ 


FY   80 


COUNTY 


Cascade 


Cascade 


Cascade 


Cascade 


Judith   Basin 


Pondera 


■lata 


.Chouteau 


.Chouteau 


Teton 


■JjiriUh  Basin 
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PROJECT  MO . 


I    15-3(25)134  U2 
1)    I   15-3(25)134  Ul 
I  15-3(    )14Q 
I   90-5  (    )273 


2)    I   15-3(    )168 
2)    I   15-4(    )182 


I   15-4(    )214 


I   15-3C    )143 


I  15-3(    )157 


15-3(    )134 


15-3(    )140 


I  9Q-5(    )247 
I  15-3(    )143 


I   15-3(    )15Q 


I    1S-3C    )157 


4)    EH     28-1(3) 
—  249  (     ~ 


I-SF   267  (    ) 


249  (    ) 


"   249 (    ) 


"  77<    ) 


5J    "   249(    ) 
RF   238  (    ) 


(_) 


(    ) 


—  (    ) 


MILES 


Ul 


Ul 


14.5 


42.8 


PROJECT 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO. 7 
BROADWATER,    JEFFERSON   AND  LEWIS  &   CLARK   COUNTIES 

DESIGNATION ,    ADMN  . 

LOCAL  __LdIY.  TYPE  OF   WORK 


LANES 


Woodville-N. 


Woodville-N. 


Elk  Park-S. 


Three  Forks-W. 


Jefferson  County 


7.1 


5.9 


I  7.1 

UL 


6.4 


3.2 


Lewis  &  Clark  County 


Wolf  Creek  Canyon 


Elk  Park-Bernlce 


Basin-Boulder 


Woodvllle-N, 


Elk  Park-S. 


.5*2. 


Whitehall    Interchange 


Elk  Park-Bernice 


Bernice-Basin 


Basin-Boulder 


Ul 


Ul 


Garrison-Helena 


1*2- 


iu£L 


7.1 


UL 


20.0 


Garrison-Helena 


flvanrln-Rngers   Pass 


Garrison-Helena 


Garrison-Helena 


Town send -Helen a 


Garrison-Helena 


Wolf   Creek-Aueusta 


-2^3. 


INTERSTATE 


4 


Butte 


Butte 


Butte 


Butte 


G.Fls. 


G.Fls. 


G.Fls. 


Butte 


Butte 


Butte 


Butte 


Butte 


PRIMARY 


MacDonald  Pass-E.6.  W. 


(.West  Section) 


Butte 


Butte 


Structures 


G.GS.PMS 


G.GS.PMS 


Rest  Area 


Safety  Corr.on  Comp.4  Lane 


Safety  Corr.on  Comp.4  Lane 


Rest  Area  Upgrading 


G.GS.PMS, Strs. ,Rest  Area 


G.GS.PMS, Strs. 


PMS 


PMS 


Lighting 


PMS 


Butte 


G.GS.PMS.Strs. 


PMS 


Butte 


MacDonald  Pass-E.&  W. 


(F.fl?t  Section) 


4  Mi.W.  of  Roeers  Pass 


Butte 


Helena-W.dst    Section) 


Helena-W,(2nd    Section) 


East  Helena-E.&  W. 


MacDonald   Pass-E.S.  W. 


Bowman '-s  Corner- 


Augusta 


Garrison-Helena 


URBAN 


"Montana .Lvndale  ft  Helen* iButte 


Ave. Int. ;    Boulder  & 


Mon tana   Ave. Int. -Helena 


G.Fls. 


Butte 


Butte 


Butte 


Butte 


G.Fls. 


G.GS.PMS. 


+  2 


G.GS.PMS 


Rest   Area 


G.GS.PMS 


GTGS.PMS.Strs. 


G.GS.PMS. PCCP.Strs. 


PMS 

Reconnaissance 


Montana  Ave,@  Prospect 


&   Uth-Helena 


Euclid   Ave„-Helena 


Butte 


Butte 


Signals 


Signals 


Storm  Drain 


LETTING  FISCAL 
DATE        YEAR 


Oct.    74 


Jan.    75 


Jul.    75 


Jul.   75 


Sep.    75 


Sep.    75 


Apr.    77 


Apr.    78 


Apr.    78 


Jul.   78 


Jul.    78 


Jul.    78 


Mar.   79 


Mar.    79 


Mar.    79 


Mar.    75 


Apr.    76 


Apr.   76 


Jul.   76 


Feb.    77 


JL 


J±. 


76 


76 


76 


76 


77 


78 


78 


79 


79 


79 


79 


79 


79 


_7J_ 


COUNTY 


Jefferson 


Jefferson 


Jefferson 


Broadwater 


Jefferson 


Lewis  &  Clark 


Lewis  &  Clark 


Jefferson 


Jefferson 


Jefferson 


Jefferson 


Jefferson 


Jefferson 


Jefferson 


Jefferson 


Lewis  &  Clark 


76 


_16_ 


77 


Jul.    77 


Feb.    80 


Mar.    75 


Mar.    75 


Jul.   75 


JJ- 


78 


80 


_Z5_ 


_7J_ 


_Z6_ 


Lewls  &  Clark 


Lewis  ft  ClarK 
LewisSt  Clark. 


LpwIs  ft  Clark 


Lewis  ft  Clark 


Lewis  ft  Clark 


Lewis  ft  Clark 


Lewi  s  6.  Clark 


Lewis  h  Clark 


Lew-is  ft  Clark 
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FISCAL   '.'EARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    7 
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DESIGNATION 

ADMN . 

LANES 

LETTING  FISCAL 

PRO  I  TCT   M                            MILES 

PROJECT 

LOCAL 

DIV.                            TYPE  OF   WORK 

+  2 

4 

DATE        YEAR            COUNTY 

HRRAN    (nnnHmipH) 

(     ) 

11th  Ave. Si  Prospect  . 

Butte 

Signals 

Feb.    76 

76 

Lewis  &  Clark 

Ave. Coup  let -Helena 

SECONDARY 

61    RS   R6(     ) 

9.4 

Rad  er  sbu  r  e  -To  s  t  o  n 

Radersbure-Toston 

Butte 

PMS 

Feb.    75 

75 

Broadwater 

61    RS    25"U     ) 

3.5            SW  of  Toston-Northerlv 

6  Mi.W,of   Toston-S. 

Butte 

PMS 

Feb.    75 

75 

Broadwater 

RS    167(     ) 

0.8 

Cflrdwell-SE 

Cprdwell-N.&   S. 

Butte 

G.GS.PMB 

Aor.    76 

76 

Jefferson 

RS   6(    ) 

7.0 

Towns end -Canvon  Ferrv- 

Canvon  Fe.rrv-SE 

Butte 

G.GSrPMB 

Apr.    77 

77 

Broadwater. 

ClflsoU 

Lewis  &  Clark 

RS   72(    ) 

2.5 

Helena-York 

York   Bridge 

Butlpe 

Structure  &  ADDroaches 

ftPr* LZ_ 

CL. 

—————^——^——^— 





| 

1 

n,l)    -  Tied    for   coi 

2),  6)    -  JJ  ed   for  coi 
4) ,5)    -  Also   in  F.D 

tract  w 

tract,, 
.8. 

_              —  ■ 

ith    I    L5-2(.T7H34,    Butte- 

i__ - — 

J _ 

1 

1 
lj).,F„D.7„ 



. _^_— — 

| 
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PROJECT   NO. 


MILES 


T    QO-1 (     10 


U    I  90-1(59)35  U2 


1)    T   90-1(82)45 


I  90-3(    )176 


I   90-1 (    )22 


2)    I  90-K    )76 


2)    I  90-2(51)78  Ul 


]0,9 


U 


1   90-2(    )126 


T    90-1(59)35   Ul 


3)     I   qo-3(     )183 


4)     I  QQ-3(    )172 


5)     T    qo-l(    )0 


5)     T   qo-l(    Ul 


5)     I  90-K    )16 


>)     T   qo-K    )27 


I   qo-K    )22 


7)      T    qO-3(     )183 


I)     I  qo-i(    )22 


i)     I   90-K    )27 


9)     T   qo-l(    )39 
10)      I   90-K    )35 


10)     T  qn-K    )39 


11)      T    qo-l(    )76 


ID      I   90-2(     )78 


I   90-3(     )172 


1   90-K    )64 


BW-RF   215(    ) 


12)  RF   9999(    ) 

13)  FH     28-1(3) 


14)      F   9999(    ) 


14)      F   9999(9)   U90 


RF    186(    ) 


RF   78(    ) 


1*1- 
4_.2_ 
1*2- 


PROJECT 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    8 
GRANITE,    MINERAL,    MISSOULA,    POWELL,    RAVALLI   AND   SANDERS   COUNTIES 

DESIGNATION ,    ADMN. 

TYPE  OF  WORK 


Lnnknnt-.    Paec-Sal  tp.sfi 


St.Regis-E. 


Superior-W. 


Garrison-E.k  W.tEast    Seucion) 


LOCAL 


INTERSTATE 


Drexel-E.&  W. 


Alberton-E. 


Huson-W. 

Ronvta  Grade  Separation 


11- 
JXUSL 

1A_ 


St.Regis-E. 


Racetrack-N.&   S. 


Garri son-E.&  W. (West    Set 


JLA. 

5-3- 


Lnnkout   Pass-Saltese 


..Saltese-Haugan 


DeBorgia-E.k  W. 


1*3- 
1,-61 


SuA. 


U>- 

SuA- 


l_JL 


k,Z. 


k,3- 


11.2 


0.4 


151.4 


0.3 


St-.ReEis-E.&  W. 


Drexp.l-E.&  W. 


&  Access  Road 


tlon) 


Rarer.rar.k-N.&  S. 


Drp.xel-E.&  W. 


St.  ReEis-E.&  W. 


Sloway-Superipr 


St.Rggis-E. 


Sloway-Superior 


Alberton-E. 


Huson-W. 


Garrison-E.&   W. 


Tarkio-E. 


Florence-Missoula 


Z*3- 


Ul. 


XJl. 


Gar r i son-Hel ena 


PRIMARY 


Lolo  Bikewav 


Sanders  County 


LANES 


D1V. 


Msla. 


Msla. 


PCCP 


Msla. 


Butte 


Msla. 


Msla. 


Msla. 


Msla. 


Msla. 


Butte 


Butte 


Msla. 


Msla. 


Msla. 


Msla. 


Msla. 


Butte 


Msla. 


Msla. 


Msla. 


Msla. 


Msla. 


MacDonald  Pass-E.S.  W. 


(West  Section) 


Powell  County 


Int. of  Main  &  Milwaukee- 


Pararii  se-E. 


Phillipsburg-Maxville 


Deer    Lodge 


Perma-E. 


Phillipshurg-Maxville 


Msla. 


Msla. 


Butte 


Msla. 


Strs.@    Sta. 832+35 


Strs.@   Sta. 111+83.27 


G.GS,PMS,Strs. 


Strs.@   Sta.l69+,    183±_  - 


Intermediate  Piers. 


Structural  Steel 


G.GS.PMS 


G,GS,PMS,Str. 


G,GS,PMS,Str. 


G.GS.PMB 


G,Strs. 


G.GS.PMS. Strs. 


Barrier   Rail 


PCCP 


PCCP 


G.GS.PMB.PMS.Strs. 


G.GS.PMB. Strs. 


GS.PMS 


PCCP 


PCCP 


G.GS.PMB. Strs. 


PCCP 


PCCP 


PMS 


PMS 


PMS 


G.GS.PMS. Strs. 


Msla. 


Msla. 


Butte 


Butte 


Butte 


Msla. 


Butte 


Sidewalk 

Signs .Traffic   Con.Dev. 


G.GS.PMS 


Signs. Traffic  Con.Dev. 
Signals . 


PMS  Overlay 


Guardrail 


+  2 


LETTING  FISCAL 
DATE    YEAR 


Feb.  75 


Feb.  75 


Feb.  75 


Feb.  75 


May  75 


May  75 


May  75 


Jun.  75 


Jul.  75 


Jul.  75 


Jan.  76 


Feb.  76 


Feb.  76 


Feb.  76 


Jul.  76 


Sep.  76 


Oct.  76 


Jul.  77 


Jul.  77 


Jul.  77 


Jul.  78 


Jul.  78 


Jul, 


Jul.  78 


Jul.  78 


Aug.  78 


Feb.  75 


Feb.  75 


Mar.  75 


Apr.  75 


Apr.  75 


Jul.  75 


Aug.  75 


75 


75 


75 


75 


75 


75 


75 


76 


76 


76 


76 


77 


77 


77 


78 


78 


78 


79 


79 


79 


79 


79 


79 


75 


75 


75 


75 


75 


_Z6_ 


76 


COUNTY 


Mineral 


Mineral 


Mineral 


Powell 


Mineral 


Mineral 


Missoula 


Missoula 


Mineral 


Powell 


Powell 


Mineral 


Mineral 


Mineral 


Mineral 


Mineral 


Missoula 


Mineral 


Mineral 


Mineral 


Mineral 


Mineral 


Mineral 


Missoula 


Powell 


Mineral 


Missoula 


Sanders 


Powell 


Powell 


Powell 


Sanders 


Granite 
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PROJECT  NO. 


HHS   219  (    ) 


L5J    B.F   }1U(    )- 
M    RF   184(    ) 


M    RF   184(18)   U9Q 
U£    --  259 (    ) 
L\    --  249 (    ) 


6)    RF   1R3(    ) 


RF    7^7(     ) 
9)      PTT     1*.L(     1 


°P    1™(     ) 


"    ?4Q(     i 


RF   237 (    ) 


1ft)     "  24?(    ) 


"*"~_ — BJ  gQf.V). 


iE_LazL_l_ 


___a£F_2ilL-l. 


m  aiozt  > 


m  ami  ) 


E  219<   ) 


m  aiaai  ) 


m  Rins(    ) 


_M_B_L22L_L 


M-np  Rin^f   ) 


_M_aiQ2i_L 


<    ) 


lLJ_ 


MILES 


SL5- 


ixL 


1.2 


0.7 


2.0 


3.9 


4.Q.. 


-2^5- 


.5.0 


,1?.l 


PROJECT 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL  YEARS    75,76,77,78,79,80 
FINANCIAL  DISTRICT  NO.  8 
GRANITE,    MINERAL,    MISSOULA,    POWELL,    RAVALLI   AND   SANDERS   COUNTIES 

DESIGNATION ,    ADMN. 

D1V. 


LANES 


M1=cnnla-Arlee 


Grant sdale-Hamll ton 


Bearmouth-Deer  Lodge 


Bp-armouth-Deer  Lodge 


Hamilton-Florence 


Garrison-Helena 


T.nnknnf    Pa  a  s-Supe.r  tor 


Rnnnci — flvandn 


LOCAL 


PRIMARY  (Continued) 


DeSmet   Int.erchange-N . 


Hamilton-S 


Garrison  Wye   Improvement 


Garrison  Wye 


Hamilton-N, 


Garrison-E. 


St- .Regis   Bridge 


Superlor-Tarkio 


THflhn  unasSraaLadale 


GaEeJ  «nn-Hclpnfl 


Bonner-Ovando 


SLJL 


10.P 


-8^5- 


Garr-1  son-Helena 


THflhn  miesElalaa 


RavalH-Wptf- 


Plalns-Paradise 


Bnnnpr-NE 


Superior -W. 


3   Ml.S.nf    Hnimil-.nn-S. 


iVOn^EJ  1  1  afnn 


Potomac -W. 


MacDonalH   Pass-E.&   W. 


Thompson    Falla-E. 


Jlsia^. 


Msla. 


Butte 


Butte 


Msla. 


Butte 


Msli 


■Mslsu- 


Msla. 


Msla. 


Biittfi 


Msla. 


Bulls 


Msla. 


Ravalli-W. 


filflrk  Fork  Rv.  Str. 


Ofifll   Paradise 


.2.0 


n.a 


J-2. 


Msla. 


Mai,  a.. 


TYPE  OF   WORK 


Widening 


G,GS,PMS,Str. 


Guardrail-Signs 


PMS 


G,GS,PMS,Str. 


G,GS,PMS 


G.GS.PMS.Str. 


G,GS.PMS 


G,GS,PMS,Str. 


r,,GS,PMS,St-r 


G.fTR.PMS.Strs. 


G.GS.PMS.Str 


PMS 


Rpconnaissance 


Reconnaissance 


Reconnaissance 


.URBAN 


ard^sth  k  &j±  SLa  Int  - 


S. Orange-Mi fisnulfl 


Hlggiaa   &   Smith  Ave. 


Missoula 


Toole  S.  Broadway-Russell 


&  Broadway-Mi ssoula 


City-wide  -  Missoula 


Tnt.Russell  &  3rd  St.- 


■Missoula 


lat^aatt  st-*-  Dnre 


I,anp-M1  ssoula 


-3rd   fcfl  US  Q3-Reserve_ 


Street-M1 ssoula 


Rrnadway    tn    I    9Q.- 


Oi-nngP    Sfrppt-Missnulft 


W    Rmadway-Missoulfl 


Msla  . 


IIS. 


Msla. 


Msia^. 


M.sLa. 


Msla. 


MsiA. 


fi.Prnnkn  ^^  =Mlaaoulfl 


Hsla. 


Hslflw. 


Signal     Revision 


Signals 


Signal  Rev. .Channelization 


School  Crossings 


.Widening. 


Chann  e 1 i  za  tion 


Channelization- 


G.GS.PMS 


Uidpning|Sipnals. 


IIP    Improvement 


T-.GS^MS 


Jl^Ga.PMS- 


+  2 


LETTING  FISCAL 
DATE        YEAR 


Aqg„    7^ 


Jan.     7n 


Jan.   76 


Jan.   76 


Jan.    76 


Jan.    76 


Jul.    76 


Jul-    77 


Jul.    77 


Aug.    77 


Mar.  79, 


Jul.   79 


Feb.    80 


-Mac.  Is) 


...Mar.    7 J 


May    75 


.  Aug.  7 
...Augn.  ,76 


JHP.V.   76 


Aug.   77 


■Jan.  79—ia 


Jan    flfll    »Q 

Roy^nd    fr?V    RD 


76 


76 


76 


76 


76 


76 


_7_7_ 


_Z8_ 


78 


-12- 


80 


-M_ 


-15- 


_L5. 


-21- 


JL. 


JZl. 


_Z1- 


-28_ 


COUNTY 


Missoula 


Ravalli 


Powell 


Powell 


Ravalli 


Powell 


.Mineral 


Missoula 


Mineral 


RavalU 


..Powell 


Missoula 


Powell 


Sanders 


Sanders 


Sanders 


.Missoula 


Missoula 


Mjssgula 


.Misavula 


Missoula 


.Missoula 


.Missoula. 


.Mlssoula 


Mi  SIP" 1 " 


^1  Kaon  la 
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of 


DESIGNATION 

ADMN  . 

LANES 

LETTING  FISCAL 

PROJECT  NO.                        MILES 

PROJECT 

LOCAL 

DIV.                            TYPE   OF   WORK 

+  2 

4 

DATE        YEAR            COUNTY 

/ 

SECONDARY 

RR<?    441  (     ) 

0.  3 

Mi  Rfioul  a-E:'Mi  ssniila 

Bandmann  Flats   Bridge 

Msla. 

Structure  &   Approaches 

Nov,    74 

75 

Missoula 

171      M-RS  000S(51) 

36.8 

FAS   Route  412  &   533- 

Msla. 

Signs, Traffic   Con.Dev. 

Jan.    75 

75 

Mi  ssoula 

i 

Missoula  County 

17)      M-RS   OOOS(53) 

37.3 

i 

Missoula   Streets  & 

Msla. 

Signs, Traffic   Con.Dev. 

Jan.    75 

75 

Missoula 

Missoula   County 

10.2 

Thompson  Falls-W. 

1   Mi.W.of    Thompson 

Msla. 

PMB 

Mar.    75 

75 

Sanders 

[B     '      L\  L  ) 

Falls-SW 

RS-DP   224(14)   U2 

1.3 

Reserve   St.-W.of   Msla. 

3rd    to  Mullan   Road- 

Msla. 

G,GS,PMS,RROP 

Apr.    75 

75 

Mi  ssoula 

RS   221 (    ) 

4.0 

Thompson  Falls-W. 

10.2  Mi.SW  of 

Msla. 

G,GS,Str. 

Sep.    77 

78 

Sanders 

Thompson  Falls-W. 

RS   127 (    ) 

7.0 

Phillipsburg-W.   ' 

7.3  Mi.W.of 

Butte 

PMB 

Apr.    79 

79 

Granite 

RS   221 (    )&FLH-7(    ) 
RS   343 (    ) 

4.2 
5.1 

Thompson  Falls-W. 
Avon-Helmville 

Phillipsburg-W. 

3.5   Mi.E.of    Ida.Line-E. 

11   Mi.N.    of  Avon-NW 

Msla. 
Msla. 

G,GS 
G,GS,PMB,Strs. 

Beyond 
Beyond 

FY  80 
FY  80 

Sanders 
Powell 

RS  407(    ) 

1.3 

Alberton   to   Lolo-Lolo 
Hot    Springs  Road 

Alberton-S. 

Msla. 

G.GS.PMB 

Beyond 

FY  80 

r   Mineral 

l).2).4).5).6).8)r9) 
3). 7)    -  Tied    for   con 
12)    -  Also    in  F.D.I. 
13) ,16)    -  Also    in  F. 

10), 11 
•rficr   w 

).7. 

,14) , IS) ,17)    -  Tied   for   ( 
hVi    T    Qn-/|(     )194]Warm    fipr- 

ontraot — 

ngs  N.&   S,,F.D.9   and   RS  ; 

D4,R.n. 

). 
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PROJECT  MO. 


n    I   15-2(    )12Q 


^    T    lS-9f    mi 

i  ■>   t  sn-Li   12Q5 
n    I  9Q-4(    )207 


p   T   1s-7(    11Q3 

4)    T-Tr-  Qn-^    "Q^ 


I  15=11    ^i 


^    t  Li=JJ    L5B 


T   1 5—1  r    146 


&■>    T-tr.  an-L(   USA 


I   15-1  t,   X33 


7^     T-TG    1S-K     )Q 


^    T-Tr,   1S-K    13 
T    15-U    il4n 


I   J5=U    15J 


i  is-K  Lsa 


I   lS-2(    UOl 


I-TG  15-7f    mi 


8)    I   15-2(    )134 
I   15-K    )37 


3j    F-RF   4?(2R)    U2 
3J-RF   171(    ) 


BE  2A4*    ) 


RF  9(    ) 


LOJ     RF    97Q(     ) 


S)   RF  ?,41(    ) 
in   RF  20  (    ) 


RF    944(     ) 
RF    171 (     ) 


RF    4-U     ) 


HHS  164(    ) 


RF    1fi4(     ) 


MILES 


11*4. 


1  .4 


CL2 


IR.7 


jS^L 


10-8 


PROJECT 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    9 
BEAVERHEAD,    DEER  LODGE,    MADISON   AND   SILVER  BOW  COUNTIES 

DESIGNATION ADMN. 

DIV. 


Nlssler-E.Butte   Int. 


BllfcLfi   sP"r 


Riim-p-N. 


Opportunity  .irt..- 


Hpmc^l-akp    PflfiR 


Opportunity  Interchange 


,.Divide-N,. 


Warm  Springs-M.Si  S, 


LANES 


LOCAL 


T  NT F.R  STATE 


TYPE  OF   WORK 


Butte 


Butte- 


Butte 


£*B '  Jg.lpp  Organ-N. 


i£. 


JLJL 


10-8 


&JX- 


2+L 


&*&. 


1A. 


nmnn-s. 


Pi  pp.   Organ-N.  S.    S. 


Warm    SpringR-N.&    S. 
Armstead-N.&  S. 


Monida-N . 


1,1  ma  -S. 


£u&- 


SlJl. 


0.2 


8.0 


SLJ- 


is.n 


ft  n 


JLJu. 


1  .0 


ZJl. 


■7.0 


Pipe  Organ-N.S,    S. 


P-Ipp    Organ-N. 


Dillon-S. 


Divide-N, 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Butte 


Safety  Corr.on  Comp.4  Lane 


Safety   Corr.on   Comp.4  Lane 


G.GS.PMS 


Safety   Corr.on   Comp.4  Lane 


Landscaping 


GS.PMS 


G.Strs. 


G.GS.PMS. Strs, 


G.GS.PMS.Strs. 


G.GS.PMS. Strs. 


GStPMS 


G,GS, PMS, Strs, 


G.GS.PMS, Strs. 

G.GS.PMS.Strs. .Weigh    Station 


PMS 


Butte 


Butte-N. 


Butte-N, 


Armstead-N.&i  S. 


Wisdom-Divide 


Enni  g-Sappingtnn 


Ravnolds  Pass-Ennls 


Virginia  City-Ennis 


Rrp.werv    Bvpaas-Butte 


fli  1  lnn-Bntte 


Rig    Sky    Spur 


9.0 


JLfl. 


Raynnids  PflsR-Ennia _J  Ml.S.of  Came.run-S 


F.nnis-Sappington 


WiRdom-Divide 


Phi  1 1 ipRhurg-Anaconda 


Phi  1 1 ipRhurg-Anaconda 


PRIMARY 


Divide   I   Connection 


Harricnn-N    &    S. 


8  Mi.S.of   Cameron-S. 


Virginia   City  Hill 


Harrison   Ave. -Butte 


Dillon    I   Connection 
Rig    Skv    Spur 


JtorriR  Bill 


Divlde-N. 


Butte 


Butte 


Butte 


Butte 


Butte 


But,  re 


Bzmn. 


Butte 
Butte 


Butte 


Samru 


Bzmn. 


Butte 


W.nf  Anaconda 


Vfpgf  Val  lev  highway- 


Anaconda 


t£_ 
Butte.. 


PMS 


PMS 


Rest  Area 


G,GS,PCCP,PMS,Str. 


PMS 


PMS 


G.GS.PMS 


G.GS.PMS 


G.GS.PMS 


Truck  Ramps,  Impact  Devices 


G.GS.PMS 


GrGS,PMS 


G.GS.PMS 


G.GS.PMS.Str. 
G.GS.PMS 


Reconnaissance 


Reconnaissance  (Fencing) 


iOC£ 


+  2 


LETTING  FISCAL 
DATE   YEAR 


Jan.  75 


Jan.  75 


Jan.  75 


Jan.  75 


Jan.  75 


Mar.  75 


Jul.  75 


Mar.  76 


Aug,  76 


Oct.  76 


Oct.  76 


Oct.  77 


Jul.  78 


Jul.  78 


Jul.  78 


Jul.  78 


Jul.  78 


Jul.  78 


Jul.  78 


Jul.  78 


Oct.  78 


Mar.  75 


Jun.  75 


May   76 


Jul.  76 


Jul.  76 


Aug.  76 


Sep.  77 


Jul-  78 


Beyond  Ft  80 


75 


75 


75 


_Zi. 


75 


75 


.76 


76 


77 


77 


_7_L 


78 


79 


79 


79 


_Zi. 


79 


_ZL 


79 


79 


79 


75 


_7J_ 


_Zi. 


77 
_Z2. 


_7_Z_ 


_Z8_ 


Jl. 


COUNTY 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Deer  Lodge. 


Silver  Bow 


Deer  Lodge 


Silver  Bow 


Deer  Lodge 


Beaverhead 


Beaverhead 


Beaverhead 


Deer  Lodge 


Beaverhead 


Beaverhead 


Beaverhead 


Beaverhead 


Beaverhead 


Beaverhead 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Beaverhead 


Silver  Bow 


.Mfldison 


Madison 


Madison 


Silver  Bow 


Beaverhead 


Had  i  son 


Madison 


Mat»  aaa_ 


Silver  Bo 
pp.pr  Lodee 


Dppr  Lodge 


Sheet. 
F.D._ 
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STATE  OF  MONTANA  -  DEPARTMENT  OF  HIGHWAYS 
PROJECT   CONTROL  UNIT 

Helena,   Montana 
October   1,    1974 


PROJECT  NO. 


12)   U   68  (    ) 


12)   U    164(    ) 


M-TM  9018(    ) 


AR  6874(01) 


M   1804(    ) 


M   1803(    ) 


10)    M   1803C    ) 


M  1810(    ) 


4)    RS   304(    ) 


RS   34(    ) 
6)    RS   304(    ) 


RS  -364(    ) 


RS   34(    ) 


MILES 


0.107 


0.434 


1.4 


PROJECT 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.  9 
BEAVERHEAD,    DEER  LODGE,    MADISON   AND   SILVER  BOW  COUNTIES 

DESIGNATION ADMN. 

TYPE  OF   WORK 


LANES 


Anaconda-E. 


Phillipsburg-Anaconda 


0-5 


2.7, , 

1.4 


Butte-Browns  Gulch 


Brewery  Bypass 


Grand    Ave. -Butte 


0.8 


Galen-Anaconda 


_!..  5 


Jackson-Wi  sdom 


0.8 

JL-JL 

8.2 


Ga 1  en -Anaconda 


Reservoir-Butte 


1), 3), 5), 7), 10), 12)  -  T.ed  for 


4), 6)  -  Tied  for  contract  with 


9). 11)    -  Also   in  F.D.10 


Jackson-Wi  sdom 


LOCAL 


URBAN 


Park  Ave. -Anaconda 


W.Park  Ave. -Anaconda 


Olympia  St. -George  St. 


on  Harrison  Ave. 


Harrison  Ave. -Amherst 


&  Dewey  Int. -Butte 


Fir  c  Hays  St. Int. 


DIV. 


Butte 


Butte 


Butte 


US  91  &  Continental  Dr 


Int. -Butte 


W.Park.  St. -Butte 


Civic  Center-Butte 


Harrison  Ave. -Butte 


Grand  Ave. -Butte 


SECONDARY 


Butte 


Butte 


Butte 


Butte 


Butte 


G,GS,PMS 


G,GS_J?MS 


Roadway  Widening. 


Fail-Safe  Units 


G,GS,PMS, Signal  Modification 


G,GS,PMS 


Signals  &  Channelization 


G.GS.PMS 


Galen-E. 


Butte 


G.Str. 


Wisdom-S. 


I  Butte 


Galen-E. 


Basin  Creek  Road 


Jackson-N. 


Butte 


Butte 


Butte 


Contract, 


2)  -) 


I  90-3 (  )183,  Racetrack -N 


Tied  for  contract  with  I 


,£,  S.,F.D.8 


G.GS.PMB 


GS.PMB 


G,GS,PMB 


G,GS,PMB 


+  2 


15-3(2$)134  Ul,  Woodville-N. .F.D.7 


-I' Tied' with  I  15-3 (  )134.  Woodville-N.  &  I  15-3(  )140,  Elk  ParkfS.,f 


LETTING  FISCAL 
DATE   YEAR 


Nov. 


Nov.  74 


Dec.  74 


Mar.  75 


Dec.  75 


Jun.  76 


Jul.  76 


Aug.  79 


Jul.  75 


Apr.  76 


Oct.  76 
Mar.  78 


Beyond  I 


75 


75 


75 


75 


76 


76 


77 


80 


76 


76 


77 


78 


Y  80 


COUNTY 


Deer  Lodge 


Deer  Lodge 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Silver  Bow 


Deer  Lodge 


Beaverhead 


Deer  Lodge 


Silver  Bow 


Beaverhead 


Sheet. 
F.D. 
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STATE  OF  MONTANA  ■•  DEPARTMENT  OF  HIGHWAYS 
PROJECT  CONTROL  UNIT 

Helena,  Montana 
October  1,  1974 


PROJECT  NO. 


I  qo-6(    1315 


1)    I   qn-6(    )3Q9 
1)    I   90-6  (    )315 


U    I  90-7 (    )318 


2)    I  90-7(    )364 


7)    I   QQ-7(     )375 
I  90-7 (    )350 


3J    I  90-6(    )315 


})  I  90-7(  )316 
I  90-7 (  )339 
I   90-7 (    )364 


T  90-7 1   )35Q 


4)    RF   17K    ) 
<,)    RF  9999(    ) 


2)    RF    127(     ) 


RF   6PJ    ) 


^    RF    20  <    ) 


RF   60(    ) 


RF   8(    ) 


RF  B(   ? 


RF  203t   ) 

RF   45(    ) 


RF  264(    ) 


M   1206(    ) 


U    203(    ) 


M   120K    ) 


;;  i2Q2(  ) 


MILES 


SLh. 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    10 
GALLATIN,    MEAGHER,   PARK,    SWEET   GRASS  AND  WHEATLAND  COUNTIES 
DESIGNATION __    ADMN. 


LANES 


PROJECT 


LA. 


2*2. 


ja*i. 


1Q.5 


13.8 


,.    I  9.2- 
10.5 


i*i 


8.3 


13.8 


Boaanan  Pass-w. 


Rnckv   r.anvon 


Boy.pjnfln  Pasa-W. 


Baafiaan  parb-e. 


Rig   Timber-Grevcliff 


Grevcliff-E.Accesa   Rd. 


Springdale-Big   Timber 


LOCAL 


INTERSTATE 


DIV. 


TYPE  OF   WORK 


Bozeman  Pass-W. 


Bozeman  Pass-E. 


Springdale-W. 


BJLg   Tlmber-Grevcllff 


Kprlngdale-Big  Timber 


1*1 


183.4 


EnnJs-Sapplngton 


Bzmn. 


Bzmn. 


Bzmn,, . 


Bzmn, 


Jama. 


Bzmn. 


Bzmn. 


Bzmn. 


Bzmn. 


Bzmn. 


Bsmn.. 


Bzmn. 


PRIMARY 


HarrtBon-N.S.   S. 


3.0 


.5*2- 


7.3 


7.0 


6.9 


£lSL 


2*2. 


10.2 


£L*9_ 


OA. 


Rig  Timber-Reed   Point 


Livingaton-Wilsftll 


Big    Skv    Spur 


Livingatnn-Wilfinll 


U.S.Springa-Harlowton 


W.S. Spring a-Harlow ton 


Gallatin   Ga  tewav-Bozemar 


Big  Timber-Harlowton 


Townaend-W.S. Springs 


Meagher. Sweetgrass  & 


Wheatland  Counties 


Rig  Timber-E.S,   W. 


Clyde  Park-N. Baum* 


Big   Skv    Spur 


Clvde  Park-S. 


Two   Dot-W. 


Martinsdale-E. 


Bozeman-W. 


N.    of   Big  Timber 


Jet. US   12  &    89 -N. 


JUL 


1*6. 


URBAN 


Bflbcock   &   Mpndenhall- 


Jpaemap_ 


Sth   Ave.S.   Main    St.  Int. 


G.Strs. 


Revision   of   Curves 


G.GS.PMS.Rest  Area 


G.GS.PMS.Strs. .Rest   Area 


G.GS.PMS.Strs. 


g.GS 


G.GS.PMS.Strs. .Rest  Area 


PMS 


PMS 


G.GS.PMS.Strs. 


PMS 


PMS 


Butte 


Lwstn, 


Bzmn. 


■Paron  ■ 


lasta 


Lwstn. 


Bzmn. 


Bzmn. 


Lwstn. 


Bzmn. 


Jtaron . 


Bozeman 


19th  Ave. -Main   to 


Durston-Bny.eman 


.Oak  St.-Boafman 


Park    St  .-Livingston.. 


jizmiu. 


Rp.mn  ■ 


.Bzmn . 


G.GS, PMS 


Delineators 


Signs, Traffic   Con.Dev. 


G.GS.PMS.Str. 


G-GS.PMS 


Str, 


G.CS.PMS 


GrGS,PMS.Str. 


G.GS.PMS.Str. 


Impact   Device-Rpqnnnaissance 
Rpconnaissance 


+  2 


One-way   Couplet 


Signals  . 


_G^GjS^PJHS_ 


Rprnnnai  ssancs 
G.GS.PMS 


LETTING  FISCAL 

DATE        YEAR 


Jan.    75 


Mav      75 


Mav      75 


May      75 


Jul,    7ft 


Jul.    ,76 


Aug,    77 


Jul.    78 


Jul.    78 


Jul.    78 


Jul.    78 


Aug.    78 


Jun.   75 


Jul.  75 


Jul-    76 


Mar.  77 


Sepn  77 


Jul.   78 


.Beyond. 


Beyond 


jiayofld. 


.Apr.  76 


.Aug.   76 


-...Qfit.   7S 


Rnynnri 


75 


75 


JL5_ 


_7_5_ 


_LL 


22. 


■2§_ 


22- 


J2- 


22. 


22. 


22. 


_Z5- 


_76_ 


22. 


77 


23_ 


2£_ 


ELafl 


FY  8Q 


ELflfi 


26_ 


_7_L 


_Z9_ 


£Y.,  an 


COUNTY 


fiflilflljj 


Gallatin 


Gallatin. 


Efljds 


Sweet  Grass 


Sweet   Grass 


Park, S, Grass 


Gallatin 


Park 


Pack 


Sweet  Grass 


Park.S, Grass 


Gallatin 


Meflgher.S.GTass 


&  Wheatland 


Swpet    Grass 


■Park. 


■GallaUfl- 


£axk 


.Wheat  land 


.Wheatland 


..Gallatin 


ggflflt    Grass 


Meagher 


JSaJ  Latin 


.Gal  Latin 


jSaliatin 


T.fl  11  -i  I- 1  n 


Pji.rk 


Sheet    1     of  _2_ 
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STATE  OF  MONTANA  -  DEPARTMENT  OF  HIGHWAYS 
PROJECT  CONTROL  UNIT 

Helena,  Montana 
October  1,  1974 


PROJECT  NO. 


RS  49  (  ) 
M-RS  OOOS(  ) 


S  28(14) 


RS  276  (  ) 


RS  14(  ) 


RS  276(  ) 


RS  370 (  ) 


RS  370(  ) 


MILES 


O.b 


o^L 


PROJECT 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL  YEARS  75,76,77,78,79,80 
FINANCIAL  DISTRICT  NO.  10 
GALLATIN,  MEAGHER,  PARK,  SWEET  GRASS  AND  WHEATLAND  COUNTIES 

DESIGNATION ,  ADMN. 

TYPE  OF  WORK 


Fort   Loean-W. S.Springs 


127.1 


LOCAL 


URBAN    (CONTINUED) 


Bozeman-W. 


SECONDARY 


Fort   Logan-S. 


DIV. 


Bzmn. 


Lwstn 


Q.l 


-5^J_ 


2.0 


A*5_ 


3^L 


4.0 


McLeod-Big   Timber 


Rig   Timber-N.S.   E. 


R  i  ng 1 ing-Mart in  sdal e 


Grevcliff-N. 


Bozeman-Wilsall 


Bozeman-Wilsall 


Bozeman  Urban   System 


&.  Gallatin   County 


River   Bridge  at   McLeod 


Big   Timber-E. 


Mart in sd ale-US   12 


5  Mi.E.of    Big   Timber-E. 


Park  Co.Line-S. 


8   Mi.S.of   Park  Co.Li.-S, 


1),2),3)    -  Tied    for 


Contrac  :. 


4). 6) 


Also    in  F.D. 


5)    -  Also    in   F.D.ll. 


Bzmn. 


Bzmn. 


Bzmn, 


Lwstn 


Bzmn. 


Bzmn. 


Bzmn, 


G,GS,PMS,Str. 


Structure  &   Approaches 


Signs, Traffic   Con.Dev. 


G.GS,PMS,Str. 


G.GS.PMB 


G.GS.PMB,Strs. 


G.GS.PMB 


G.GS.PMB 


Reconnaissance 


LANES   LETTING  FISCAL 
+  2  1  4 1   DATE   YEAR 


COUNTY 


Beyond 


Nov,  74 


Nov.  74 


Apr.  75 


Jul.  79 


Oct.  79 


Beyond 


Beyond 


FY  80 


75 


75 


75 


80 


80 


FY  80 


FY  80 


Gallatin 


Meagh 


er 


Gallatin 


Sweet  Grass 


Sweet  Grass 


Meagher 


Sweet  Grass 


Gallatin 


Gallatin 


Sheet. 
F.D. 


JLof 
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STATE  OF  MONTANA  - 
PROJEC 


DEPARTMENT   OF   HIGHWAYS 
;   CONTROL  UNIT 


Heiena,   Montana 
October   1,    1974 


PROilXT   ■'IP. 


I   Q4-H    )23 


n    T   QO-Q(    1491 


U   t  on-Q(   ^oq  ui 
V   T  9n-«f   ^SR  "^ 


■u  i-ir,  go-B(  iaai  "i 


I  94-1 (    )Q 


2)    I  90-9 (  )514 

I  90-9 (  )509  U3 

I  90-9 (  )528 

4)    I  90-9 (  )541 


I  90-8 (    )454 


I  90-8(    )391 
I  90-8 (    )437 


I  90-9 (    )509 
T   90-9  (    1514 


I  90-9(    )528 
I  90-9  (    )541 


lU-J-5Q_ 


gj  T  Q4-2C  )S1 
f)  T  Q4-2(  1SS 
M    I   94-2(     )60 


FI    188(    ) 


HHS   134( 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL  '.'EARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.     11 
BIG  HORN,    CARBON,    GOLDEN  VALLEY,    MUSSELSHELL,    STILLWATER,    TREASURE  &   YELLOWSTONE   COUNTIES 


DESIGNATION 


RF   188 (    ) 


^  RF  212(  ) 
RF  268(  ) 
RF   9999 (    ) 


7)    RF   9999(    ) 


8)    RF   272(    ) 


RF    108(    ) 


RF   138(    ) 


4)    RF   212(    ) 


RF   268 (    ) 


MILES 


11.5 


.3.3,. 


M. 


.6*3- 


23.8 


15.2 


11.7 


11. Q 


PROJECT 


Pompp.v' s   Pi  1 lar-E. 


Rig    Hnrn    County 


Garryowpn-N  .&   S. 


LOCAL 


INTERSTATE 


Rtillwatpr  S,   Ve.llowston  j   Counties 


RP.P.H    Pr.lnt.-E. 

rinehill-E. — 


Lodge  Grass-N. 


Garrvowen-N.Si   S. 


Lodge  Gras8-S. 


Wyoming   Line-N. 


LlI. 


7.5 


.5-A- 


.15.2 


11.7 


11. Q 


U. 


A*3_ 


Ju£L 


17.6. 


Pinehlll    Interchange 


Reed   Point-E. 


Mofismaln-Bi Ulnes   (N. Frontage  Rd.) 


Garrvowen-N.&   S.' 


Lodge  Grass-N. 


Lodge  Grass-S.. 


ADMN  , 
DIV. 


LANES 


B1&S. 


Bigs. 


BJ^a. 


BlgS. 

Bigs, 


Bigs, 


Bigs,. 


Blg.Sj 


Bles. 


Blg.s,. 


Wyoming    Line-N. 


Rig  Horn-W. 


Rig    Hnrn-E.S.    W. 


Hysham   Hills 


Hygham-E.X,   W. 


J^L 


2*2- 


Ju3- 


l^L 


149.0 


85.6 


SUl. 
J^0_ 


6*2 


JuJ_ 


^2. 


Crow   Agency-Hard  in 


Lflurel-S. 


Crow  Agencv-Hardin 


Crow  Agencv-Broadus 


Wyo. Line-Crow  Agency 


J2S1MRX. 


Crow   Agency    Interchange 


Yellowstone  River. 


Bridge-S.pf  Laurel 


Third -Hard  in 


fin shy-Lame  Deer  (3rd    Sec 


BlgS,. 


BlgS. 


Bigs. 


Bles. 


BlgS... 


Bigs. 


Blgji... 


Bigs. 


Bigs. 


TZPE  OF   WORK 


GS.PMS 


Safety  Corr.on  Comp.4  Lane 


G,GSfPMS.PMS  Overlay 


Safety   Corr.on   Corop.4   Lane 


GrGS,PMSrStrs. 


Safety  Corr.on  Comp.4  Lane 


G.GS.PMS.Strs. .Rest  Area 


Str.@   Sta. 141+35 


G.GS.PMS.Strs. .Rest  Area 


G.GS,PMS.Str. 


G. GS.PMS 


£MS_ 


G. GS.PMS 


PMS 


PMS 


PMS 


PMS 


G, GS.PMS, Strs. 


Bl&S^ 


BLgji*- 


B.lgjs. 


Bigs. 


£!&&*. 


Rvegate-Roundup 


Red  Lodge-S. 


Bill ing  s-Roundup 


Roundup-N. 


Wvo. Line-Crow  Agency 


.Rugate-Roundup 


l,indgp   SCflAa   J    Connection   Bles. 


9  Mi.E.    of   Rvegate 


Carbon  &■  Yellowstone 


Counties 


Golden  Valley  & 


Mussel  shell   Counties 


US  212-Red   Lodge 


Bllllngs-N. 


6  Mi.N.of  Roundup-N. 


Wvola   I  Connectic 


Ryegflte-E. 


)BlgS. 


Bigs. 


Lwstn. 


^LgSj- 


LKSfclU 


iHfiJta. 


G,GS,PMSrStr. 


Safety   Corr.on   Comp.4   Lane 


G,GS, PMS, Strs.. Rest  Area 


G,GStPMS 


Upgrade  footpath. guardrail, 


P. GS.PMS,. 


S,  GS.PMS.  Str. 


G,  GS.PMS 


JaOflgJ:   Devise — 


l£OXS_ 


nelinefltors 


JLQS.PMS 


G.GSrPMS.Strs. 


JU?S,PMS_ 


G, GS.PMS 


R.ftS.PMS.Sr.r. 


+  2 


LETTING  FISCAL 
DATE   YEAR 


Nov.  74 


Dec.  74 


Dec.  74 


Feb,  75 


Feb.  75 


Mar.  75 


Jul.  75 


Oct.  75 


Jul.  76 


Aug.  77 


Jun.  78 


Jul.  78 


Jul-  78 


Jul-  78 


Jul.  7? 


Jul.  78 


Aug.  78 


Aug.  78 


Aug.  78 


AUgn  78 


Aug.  78 


Dec.  74. 


,  Apr.  75 


Apj^  75 


Apr.  75 


JUln  75. 


Jul.  75 


Jul.  75 


Jul.  75 


Jul.  76,. 


Ape.  JJL 


Aug,  77 


Oct.  7; 


_Z5_ 


_7J_ 


_Z5_ 


JJL 


_Z5_ 


75 


76 


J± 


_LL 


JA. 


_L§_ 


_Z2- 


_Z2_ 


Ji. 


J± 


23- 


_L2_ 


J±. 


J3- 


J3- 


79 


_L5_ 


_LL 


_Z5_ 


_Z5_ 


_Z£l 


_Z6_ 


_7Jl 


_LL 


_7JL 


_Z2_ 
_27_ 
_ZB- 
_ZB_ 


COUNTY 


YellQWStpne 


Big  Horn 


Big  Hern 


Still.Yellowst. 


Stillwater 


Yellowstone 


Big  Horn 


Big  Horn 


Big  Horn 


Big  Horn 


Yellowstone 


Stillwater 


Yellowstone 


Big  Horn 


Big  Horn 


Big  Horn 


Big  Horn 


Yellowstone 


Ixaaauxfl 


.Treasure 


Treasure 


Big  Horn 


Yellowstone 


Big  Horn. 


.Big  Horn 


Rie  Hnrn 


Golden  Valley 


Carbon. 


l&lli 


fiolrlp.n    Valley, 


Musselshell 

_£arban 


_Y.sU"Wfitone 


■MuBRfilBhell 


Rig   Horn 


Baidaa  Vfl  U  pv 


Sheet. 
F.D._ 
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STATE  OF  MONTANA  -  DEPARTMENT  OF  HIGHWAYS 
PROJECT  CONTROL  UNIT 

Helena,  Montana 
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TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL  YEARS  75,76,77,78.79,80 
FINANCIAL  DISTRICT  NO.  11 
BIG  HORN,  CARBON,  GOLDEN  VALLEY,  MUSSELSHELL,  STILLWATER,  TREASURE  AND  YELLOWSTONE  COUNTIES 

DESIGNATION ADMN  .  LANES   LETTING  FISCAL 


PROJECT   NO. 

MILES 

PROJECT 

LOCAL 

DIV. 

TYPE   OF   WORK 

+  2 

4 

DATE 

YEAR 

COUNTY 

PRIMARY   (Continued) 

RF   268 (    ) 

5.3 

Ryegate-Roundup 

Lavina-W. 

Lwstn. 

G.GS.PMS 

Aug.    78 

79 

Golden   Vallev 

RF   258  (    ) 

19.5 

Wyoming   Line-Bridger 

Wyoming   Line-N. 

Bigs. 

Fencing 

Jan.    79 

79 

Carbon 

BRF   134(    ) 



Laurel-S. 

Yellowstone  River   BridgcBlgs. 

Reconnaissance 



— 

Yellowstone 

-S.of  Laurel 

1 

URBAN 

M   1020(3) 

-___         1 

First  Ave. N. -Billings 

Bigs. 

Lighting 

Oct.    74 

75 

Yellowstone 

M   1020(    ) 



Moore   Lane  &  US   10   Int.i 

•Bigs. 

Intersection    Improvement 

Dec.    74 

75 

Yellowstone 

Billings 

M   1099 (    ) 



4th, 6th. Airport   Rd.on 

Bias. 

Signal   Upgrading 

Feb.    75 

75 

Yellowstone 

Exposition  Dr, -Billings 

M   1008 (    ) 

0.4 

Central   Ave. Ramp   to 

Bigs, 

G.GS.PMS. Str. 

Mar.    75 

75 

Yellowstone 

Montana  Ave. -Billings 

7S 

U   9010(    ) 

27th    St. -1st  Ave.S.    to 
1st   Ave. N. -Billings 

Bigs, 

M   1006  (    ) 

0.3 

Broadwater   Ave. -12th   StJBlgs. 

G.GS.PMS 

Jun.    75 

75 

Yellowstone 

W.to    14th  St.-W.& 

12th   St. W. -Billings 

M    1012 



Int. of  Main   &  Wicks-Blgs.Blgs. 

Traffic    Signals 

Oct.    75 

76 

Yellowstone 

M   1004(    ) 

2.0 

Grand   Ave.-Shiloh   Road 

Bigs. 

G.GS.PMS. Str. 

Jan.    76 

76 

Yellowstone 

to   24th   St. W. -Billings 

U   9010(    ) 

East    Side  of   CBD-Blgs. 

Bigs. 

One-wav   Couplet , Signs. Signals 

9) 

76 

Yellowstone 

~fc-10)   U    230(    ) 

0.4 

Exposition   Dr. -Bigs. 

Blss. 

G.GS.PMS 

Apr,    77 

77 

Yellowstone 

10)   M   1018(    ) 

2.0 

4th   &   6th   Ave. N. -Bigs. 

Bigs. 

G.GS.PMS 

Apr.    77 

77 

Yellowstone 

M   1004 (    ) 

3.0 

Grand  Ave. -Division   to 

Bias. 

G.GS.PMS 

Apr.    78 

78 

Yellowstone 

24th    St. W. -Billings 

-^          M   1020(    ) 
—lb           11    S^(     1 

1.0 
1   0 

1st   Ave. N. -Division   to 
22nd   St. -Billings 
US  87-Wicks   Lane   to 

Bigs. 

Bigs. 

G.GS.PMS 
G.GS.PMS, Signals 

Nov.    78 
Beyond       'Y  80 

Yellowstone 
Yellowstone 

RS   236(    ) 
RS   129(    ) 
RS   3(    ) 
RS  71(    ) 

7.0 
4.3 
9.5 
5„6 

Custer-Musselshell 

Columbus-Rapelje 

Red    Lodgp-Rplfrv 

_Ryp.Sfite-S, 

Bench   Blvd. -Billings 

i 

| 

SECONDARY 
Musselshell-S. 
S   Mi.N.nf    Columbus-N. 
RaH    T.orige-E. 
Ryppflt-p-S.                       

Big  fin         - 

Blgfi. 

files. 

T.t..ct-n  , 

1 — — 

j  C   RS  PMR^tr. _| 

G.GS^PMR 

I    r.Q    PMR                                

Fph.     7S 
May        7S 

Apr. — 2&— 
Apr.    76 

75 

—3Ja 

76 

Mnccpl  chpl  1 
SHlluAfPr 

Cajcboa 

Golden   Vallev 
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PROJECT  AO. 


MILES 


RS  322(    ) 


RS   ^l(    ) 


RS   ?6n(    ) 


RS  ^n(    ). 


11.0 


yo 


?s  ? 


TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    11 
RIG  HORN      CARBON     GOLDEN   VALLEY,    MUSSELSHELL,    STILLWATER,    TREASURE  AND  YELLOWSTONE  COUNTIES 

'      DESIGNATION ,   ADMN,  LANES       LETTING  FISCAL 

D1V. 


PROJECT 


Hardin-Sarpy 


r^et-QT-Mypr0   Rr-iVlgp- 


Hvsham 


'^op    r,r^o-»    Xa-uipr 


Pyoham-K    £, Sj 


LOCAL 


SECONDARY   (Continued) 


Hardin-Sarpy  Creek 


Myp-rg    Rvirlpp-NW 


Rl-       Xauipr-S. 


Sar-py    Crppk    Road 


TYPE   OF  WORK 


Bigs, 


M&i 


Rigs. 


Ries. 


G,GS,PMB 


r^G^PMR 


G,GS,PMB 


Rprnnnai  ssance 


1) .2). 3), 4). 5). 6). 10)    -  Tiec    for   Contract 


7)  -  Also   in  F.D.10. 

8)  -   To   be   let   to   extract 


9)    -  Work   to   be  done!  by   Bil 


ingg   Citv  Forces 


n   conjunction  with   Forest    Highway  Project   by   FHWA.. 


+  2 


DATE        YEAR 


COUNTY 


Apr.    77 


Anr„..za. 


Reyonri   F 


77 


_za_ 


_ao_ 


Big  Horn 


Treasure 


Rig    Hnrn 


Treasure 


Sheet_ 
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PROJECT  NO. 


T    Q4-T(    )9Q  Ul 


p    T   a&=a    ^0  "2 
^    I   94-^(    )9Q 


T   94-4(     U53 


T   Q4-3(     )9Q 


I  94-4(    H48 


i  a&=ai  ni4 


I  94-3(    185 


u  RF  qqqq(  ) 


BRF    262 (     ) 


u  rf  aflii  ) 

BE  'Sfi(  1 

RF    407 (     ) 


RF    407 (     ) 


?^  °*-  aa4j  ) 


RF   156(    ) 


RF   156( 


M  8009  (    ) 


■(    ) 


3)    RS  000S( 


RS  45(    ) 


MILES 


iJ. 


ii 


■5^8- 


iu9_ 


JUL 


TENTATIVE   CONSTRUCTION  PROGRAM 
FISCAL   YEARS    75,76,77,78,79,80 
FINANCIAL   DISTRICT  NO.    12 
CARTER,    CUSTER,   FALLON,    POWDER  RIVER  AND  ROSEBUD  COUNTIES 

DESIGNATION ,    ADMN. 

DIV. 


PROJECT 


Fnravth-E.8.    W. 


Fnrcyt-h-E.K,    W. 


Fnrnyth-F,.&  W. 


Prairie   Cnnnt.v    Line-W. 


Fnr«yth-E.&    W. 


ShirlP.v-W. 


Hflthawflv-E.6.  W. 


F(irav[-.h-W. 


LAN 


LOCAL 


INTERSTATE 


M.City 


M.City 


M.City 


78.0, 
1.0 


iA. 


s.q 


5^7_ 


0-4 


iJ_ 


7.5 


Rrnarlns-Wynming    Line 


Fprayl-h-NW 


nnvc-vnipg  City 


jjlyOIBJjg    T.-lnc-RirHI  p- 


Rrnflfins 


Uynming    T.i  n  p-Ri  rM  1  p- 


R-rnaHlIB 


Fnrsyth-NW 


ffnrgyl-h-NM 


6^0_ 


£*2_ 


6,1.7 


6.6 


Olive-Miles  Cltv 


OHve-Mlles   Citv 


PRIMARY 


Carter,  &  EaULon  Cauafcla 


T.it-fl  p    Ponripr    Rjyp.r 


US    1?    T    Cnnn    -Forsyth 


14  Mi.N.nf    Vnlborg-N. 


10   Ml    N      of    RiHHlP-N. 


RrnflduH-S. 


M.City 


M.City, 


M.Citv 


M.Citv 


M.City 


Glrive.. 


M.City 


TYPE  OF  WORK 


Strs.S.   Apprs.@    Sta.  2282+08 


Strs.6    Sta.2196+25.8 


R.fiS.PMS.Strs. 


Rest   Area 


PMS 


G.Qg.CMS.Strs. 


G.CS.PMS.Strs. 


Reconnaissance    (Safety) 


DpI  inpafnrs 


M.City 


.M.City. 


M.City 


IIS    1?     I    Cnnn    -Fnrayth 


Fnrsyrh-N. 


Volbor?-N.&  S. 


Forsvth-Miles  Citv 


County  Wide 


Brand  enb  er g -Ga  r 1  and - 


:: 


Miles   Citv 


Volborg-N ■ 


URBAN 


Rth  &   Main    St .  Int .  ■ 


Miles   Citv 


Miles  Citv   UP 


SECONDARY 


Fallon   County 


M.City 


.M.City 


M.f.i  fy 


M.Citv 


M.Citv 


M.Citv 


iLSita 


.BJll.HE 


M.Citv 


..City 


Structure 


■RR.QE- 


G.GS.EMS 


RppI     K,    Cnvpr 


R.as.PMS 


G.GS.PMS. 


PMS    Overlay 


G.GS.PMS. Str. 


G,GSrPMS.Str. 


-Signal 


r^.s.pms.rrup 


SigaajgafJLLc  Con.Hey^ 


-S+GS.PMIL 


±2. 


LETTING  FISCAL 
DATE        YEAR    _        COUNTY 


Apr.  75 


Apr„   75. 


Aug.   76 


,.Kpx>.  .76. 


Jul.   78 


Jul.   78 


Sep.  78 


Nov-    74 


liki ,  n 


Apr.  75 


Jun,   75 


Sep.   7  5 


Apr.    76 


Aug.    76 


Ofi. 


AMP  < 

Jul.   77 


.   Jul.    78 


Spp.  75 


itoy..  -  79 


J!tay..-.7A 


,Lm...J5 


_L5_ 


_7-5_ 


77 


_L7_ 


JUL 


_Z2_ 


_Z2_ 


_7_5_ 


_L5_ 


.7-5- 


JL5- 


_&_ 


06_ 


-22. 


-7-1- 


„7J3_ 


JSl 


76 


ja. 


-25_ 


-25- 


Rosebud 


Rosabud 


Rosebud 


^uatex- 


ftosebud 


CiiBte.r 


Rosebud 


Rofip.hud 


CaJtflC»EaJ lnn 


Pnwripr  Rlvf.r 


Rnsp.huri 


GiiRtp.r 


EomLar  R1vpr 


Saudax  Rivpr 


Jn.sphnii 


JU.isehi.iri 


.Custer. 


Custec- 


Cuflter- 


.Custer 


"■I'nn 


r.uat  pr  - 
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TENTATIVE  CONSTRUCTION  PROGRAM 
FISCAL  YEARS  75,76,77,78,79,80 
FINANCIAL  DISTRICT  NO.  12 
CARTER,  CUSTER,  FALLON,  POWDER  RIVER  AND  ROSEBUD  COUNTIES 


MILES 

DESIG 

NATION 

ADMN. 

LAt> 

ES 

LETTING  FISCAL 

PROJECT  NO. 

PROJECT 

LOCAL 

DIV.                            TYPE   OF   WORK 

+  2 

4 

DATE        YEAR            COUNTY 

SECONDARY   (CONTINUED) 

RS   394(    1 

10   s 

1?   Mi.N.nf    F.kalaka- 

Webster-W„ 

Gldve. 

G.GS.Str. 

Jun.    75 

75 

Fallon 

Wehcrpr 

RS  347  (    1 

R.i) 

Al7.flrifl-Ekalakfl 

17  Mi.S.of   Ekalaka-S. 

Gldve. 

G.GS.PMB 

Apr.    76 

76 

Carter 

RS    194(     ) 

in.  s 

13   Mi.N.    nf    Ekfllnka- 

Webster-W. 

Gldve. 

PMB 

Jul.    76 

77 

Fallon 

Wehst.  er 

RS    252(     1 

6.o 

Rosebud-S. 

8   Mi.S.of   Rosebud-S. 

M.Citv 

G.GS.PMB 

Aug.    77 

78 

Rosebud 

RS   460(    ) 

8.2 

Riddle-Boves 

1   Mi.E.of   Biddle-E. 

M.Citv 

G.GS 

Apr.    78 

78 

Powder  River 

RS    252(     1 

6.0 

Rosebud-S. 

14  Mi.S.of   Rosebud-S. 

M.Citv 

G.GS.PMB 



Aug.    79 

80 

Rosebud 

RS   4S(     ) 

8.2 

Brand enb erg -Gar 1  and  - 

Garland -NE 

M.Citv 

G.GS.PMB. Str. 

Bevond 

FY  80 

Custer 

Miles    Citv 

RS    3?3(     1 

?q   n 

C.nl  st-i-ip-Fnrsvt-h 

Colstrip-Forsvth 

M.Citv 

Reconnaissance 



— 

Rosebud 

• 



, 

1) ,2)    -  Tied 

for  Con 

:ract . 

3)    -  Tied   for 

Contra 

:t   and   i 

lso    in  F.D.4,    RF   9999(    ), 

Dawson   and  Wibaux   Count i 

es 

Sheet  2   of   2 
F..D,      12 


